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<html> 

<b>Shop@Anywhere weekly engineering status</b> 

<br>3/28/01 - 4/3/01 

<p>Escalations 

<ul> 

<li> 

None</li> 
</ul> 

Accomplishments 

<ul> 

<li> 

Product Page Anywhere</li> 

<ul> 
<li> 

Worked on Magic Carpet integration.</li> 



</ul> 
<ii> 

Local Store</li> 

<ul> 
<li> 

Reviewed and provided feedback on the plain text feed format specified 
by DCI.  Waiting for the modified DCI proximity search URL to be live, 
to start doing integration testing.   (ETA - mid april)</ti> 
</ul> 

<li> 

Shopping Widget</li> 

<ul> 
<li> 

We think we have a resolution on the hosting architecture.  Need to 

circle back with Ops and close it next week.</li> 

</ul> 

</ul> 

Issues 

<ul> 

<li> 

None</li> 
</uI> 

Next week 

<ul> 

<li> 

Product Page Anywhere</li> 

<ul> 
<li> 

Finish Product Page Email.</li> 
<li> 

Work on first drop to QA.</li> 
</ul> 

<li> 

Local Stores</li> 

<ul> 
<li> 

Start working on the Datamart changes needed to support local stores.</li> 
</ul> 



<li> 

Shopping Widget</li> 

<ul> 
<li> 

Resolve Ops issues.</li> 
<li> 

Make changes to the Extractor based on new deployment architecture.</li> 
<li> 

Look into error handling (Netcool).</li> 

</ul> 

</ul> 

</html> 



